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CORRECTEDCOPY FOR SUBJECT 

E.O. 11652: N/A 

TAGS: MARR, ELEC, LI 

SUBJ: OMEGA LIBERIA FACILITIES ITEMS. 

(A) NAVF.T EXSYSENGCENGT .AKF.S LTR SER 203-185 OF 14 FEB '75 

1. THE FIRST SHIPMENT OF THE MATERIAL LISTED IN REF (A) FOR THE 
CONDUIT INSTALLATION REQUIRED BETWEEN THE TRANSMITTER AND HELIX 
BLDGS WAS RECEIVED ON-SITE ON 25 FEB 75. THE 4 SETS OF DIFFERENT 
SIZE APPLETON PULL BOXES, CONSISTING OF 3 EACH, ARE THE 90 DEGREE 
ELBOW AND NOT THE IN-LINE TYPE. 

2. IF THE 90 DEGREE PULL BOXES AS SHIPPED WERE INTENDED TO BE 
USED. THEN QTY 2 EA ELBOWS ARE REQUIRED AT EACH POINT TO CON- 
NECT ONTO HOLFMAN STEEL PULLBOXES THRU INSULATED CONDUIT NIPPLES 
AS DESCRIBED IN GRAYBAR CATALOG. LISTED BELOW IS THE ADDITIONAL 
MATERIAL REQUIRED FOR THIS CONFIGURATION: 

QTY 8 HOLFMAN STEEL PULLBOXES (GALV) ASE 18X15X6 
W/SCREWED COVER. 

INSULATED CONDUIT NIPPLES FOR RIGID CONDUIT: 

QTY 4 T & B 1947 
QTY 4 T & B 1948 
QTY 4 T & B 1949 
QTY 4 T & B 1950 
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QTY 4 VS. 3 REQUIRED OF EACH SIZE 90 DEGREE APPLETON PULL BOX. 

3. IF IN-LINE APPLETON PULL BOXES WERE INTENDED TO BE USED 
THEN A COMPLETE NEW SET IS REQUIRED FOR ALL SIZE CONDUITS 

ALONG WITH EXPANSION JOINTS. HOWEVER RECOMMEND CONFIRGURATION 
OF 2 ABOVE BE USED. THE HOLFMAN PULL BOXES WILL PROVIDE MORE 
SPACE FOR SPLICING THE ELECTRICAL WIRES WITHIN THE CONDUITS. 

4. CONTRACTOR CANNOT START WITH PRESENT MATERIAL ON HAND AND 
THE MATERIAL IS NOT LOCALLY AVAILABLE. PLEASE ADVISE ASAP 
COURSE OF ACTION TO BE TAKEN. — DAYENIAN. 
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